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- MEMORANDUA FOR RECORD _ « 12 December 1956 


SUBJECT: Placi:iug Schedule = WS 117L 
‘1. Several items requiring —— ene action will 
occur during the next i, months. These are: 


a. Tho writing of a saath York ‘Statecant for 
IHSD for US 117L. . 


be Tho subaiasion of the FY 58 buiget requirenent. 


c. The revision of the 80~, development plan for 
WS L1U7L. 


| ad. The writing of Sub-systen developuent plans for 
the Sub-systenm projects and two supporting projects. 


‘@. Submission of Gz buying list by y subesysten 
project. Those liste shouts identity the items to 
bo procured by Noxenclature, Stock mumber, quantity. 
desired, nosed Sas estinated dead tims and point of 
Celiverye 


2. <A schedule of of ovente hes boon establisted and is presented | 


2s follows: 


&. LSD Report 2011 wes distributed to the ARDC 
Conter:for revies: end comxate on the elequacy of 
the proposed subesysten dovelopmont plans. Thoso 
sub-system plans were also to bo considercd as basic 
material for use as dofinitivo work statemonts on 
the sub-system areas, Tho Center coments are to 
be returned to WIR by 7 Jamary 1957. 


be. Hr. Silborman has requested IMS) to submit a 
proposed definitive work statement for the WS 2171 _ 
Contract on or before 15 January 1957. oo 


C. Henbers of AFDC Center consultent teans shovld 
be naned, and vicit request lotters sent to them to 


pat 
alt 
Hal 
a 


fer the | 
systems and to coordinate the 80-1), 613's for the 
Sibesysten development plans. This work should be 
scaled Ge 5 Sema ier 


DOWNGRADED AT 3 YEAR INTERVALS, 
DECLASSIFIED Ar-ER 12 YEARS. 
DOD DIR 5200.10 © | ; 
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plus ‘mombers of LiSD should mest to acree on a fully 

' acosptable definitive statement of work for the entire 
WS UML Program, 


@. 1 February 1957. Submit definitive work statexent 
to BHO to incorporate into the LSD Contract. , 


f£. Concurrently with this work, the project offices 
should be itenizing 2 bill of materials for their cub- 
 ~systems=-particular exphasis should be placed oa thoso 
ao ee bo 
late FY 57 or FY 58. Forms have been 

for this task, This material ill be sobaitted by 5 
February 1957. 


86 siiiae digi tel ad settee 

definitive contrast roctings and the basic material 
‘necessary for the submission of Project 613's, This 
ee a Flan 4S 1271 
will be submitted by 2 April 1957.. 
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Lt Colonel, usa? 

‘S 171 Project Office 
technical Operations 





